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May 14, 1970 



EXHIBIT 



Mario & DIBono Plastering Co., Inc. 
370 northern Blvd. 

Great Neck, L.I., N. Y. 1107.1 ~ 
Attention: Mr. L. DIBono 

Re i Tlic World Trade Center 

Gentlemen: 



"1 



This vjill confirm our diacuaalono follouinc service on you 
In connection vith uork belnc performed by you at tho elte of the World 
Trade Center construction of on order to ohow cause returnable before the 
Cacnlocloner of the Hew York City Dzp-trt^cnt of Air Rceourcca 'Viiy nn 
order should not be entered . . , dlrcctlns . that nil equipment cr.iploycd 
In the hand 1 lac, uoe and fiprnylnc of nsbcntos-containlns raatcrial chcitld 
not bo sealed." During our dlscuoalons, \jc reached a tentative c£racinc:it, 
subject to oy obtaining all appropriate authorisations, as followG: 

For n price of $320,000 you would bo ullllnc to pcrfom the 
following extra work under Contract UTC-113.00, proposed Supplemental 
AjTrcccicnt 3 to euch contract (to cover fircproofing of the northeast 
Flnza Dulldlno) nnd any Eubcontract awarded to you under Contract WTC-120.00 
for the construction of the United Stntea Cuatan llouoo, currently In 
preparation: 

1. Substitute epray material Cafco Type D-CF, an aobestoa-freo 
material, for tho Cafco Typo D material In ell a ran a yet to be firoproofed, 

2. Furnich and Install Cafco ooalant on all arena prcvlcuoly 
sprayed with Cafco Type D r.mturial vhlch have not rccoived and nro not to 
receive Cafco Mnrk II hard finish. 

Thlo acreemcnt la baaed on tho undcratandlng that you will not 
bo entitled under the above contracts to compensation aa provided In tho 
"ConipcnBatlon for F.:ttrn8" clnuao for any surface preparation work cntalllnc 
removal of exccoalvcly larce nreas of loosa and friable mnterlal, chcthor 
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Attn: Mr. L. Dinono -2- 

such work lino already been done or is yet to be done, notwithstanding 
Section 13.03(2) of the Specifications for Contract V/TC-113.00 or any 
other provisions in the contract documents to the contrary. 

Pending tho obtaining of oil appropriate nuthorizntions and 
prepirar.ition of any change order covering nny of the foregoing work t you 
are hereby authorized to proceed with the folloulng: 

1. rUrnioh nnd install Cafco sealant on all areas of Tower A 
from elevation 262 through the 41st floor, except tho 32nd floor, for nil 
areas previously sprayed with Cafco Type D material vhich have not received 
and arc not to receive Cnfco linrk II hard finish. 

2. Substitute nprny material Cafco Type D-CF for all areas 
to be flrcproofcd and not yet flrcproofed in Tower A up to and Including 
the 61st floor and Tower D area oublevel 5. 

Sincerely, 



R. M. Manti 

Conatructlon Mmager 
The World Trade Center 

AR:rd 

bec: Messrs. P. Falvey 
M.P. Levy 
. A.J. Raiola 
G.F. Tozzoli 
F.H. Werneke 



